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Robert J. Linn, Manager, Project Planning, WTC 
Joseph MiLano 
August 28, 1970 

THE WORLD TRADE CENTER - NEW YORK TELEPHONE COMPANY - FIRE PROOFING 
Messrs. P. Goz, M. Levy, G- Marx, R. Monti, M- Morrow, D.l.potters 


New York Telephone Company has- approved the fifth supplemental 
agreement to Contract WTC-113.00 for the spray-on ftreproofing of Tower 
B- This approval is subject to incorporation of the following clarifi- 
cations t 

A. Paragraph A (I) Page 56, after the word "trusses", insert 
"located in the 10th, 11th and 12th Floor ceiling of Tower 


B- Paragraph 11, Page 137, add the following sentence: 

"Cafco Mark II (hard finish) overspray shall be used 
to finish all Telco trusses on the ceilings of the 
10th, 11th and 12th Floors Tower B-" 


Please advise contractor to proceed, immediately with this 

work. 


Joseph Milano 
Project Administrator 
The World Trade Center 
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